CITY OF FAIRFIELD 


RESOLUTION NO. 2014 - 243 


RESOLUTION OF THE CITY COUNCIL APPROVING THE PLANS AND 
SPECIFICATIONS AND FINDING THE BID FROM DOMINGUEZ LANDSCAPE 
SERVICES, INC., TO BE NON-RESPONSIVE AND AWARDING A CONTRACT TO 
NEW IMAGE LANDSCAPE COMPANY FOR THE LANDSCAPE MAINTENANCE OF 
LANDSCAPE MAINTENANCE DISTRICT NO. 15 - GOLD RIDGE 


WHEREAS, the bid opening for the landscape maintenance of Landscape Maintenance 
District No. 15 - Gold Ridge took place on October 21, 2014; and 

WHEREAS, the apparent low bidder was Dominguez Landscape Services, Inc., in the 
amount of $217,680. 

WHEREAS, staff has reviewed the bid documents from Dominguez Landscape 
Services, Inc., and found them to be non-responsive; and 

WHEREAS, the apparent second low bidder was New Image Landscape Company in 
the amount of $236,400. 

WHEREAS, staff has reviewed the bid documents from New Image Landscape 
Company and found them to be in order; and 

WHEREAS, staff is recommending that the City Council award the contract to New 
Image Landscape Company as the lowest responsive and responsible bidder. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The plans and specifications for the Landscape Maintenance of 
Landscape Maintenance District No. 15 - Gold Ridge are hereby approved. 

Section 2. The City Manager is authorized and directed to enter into a contract with 
New Image Landscape Company in the amount of $236,400. 

Section 3. The Public Works Director is authorized to extend the contract for two (2) 
additional twenty four (24) month extensions with the same terms and conditions including 
a negotiated adjustment not to exceed the October CPI, of the current contract year, for 
the San Francisco/Bay Area Urban Wage Earner. 

Section 4. The Public Works Director is authorized to implement the above- 
mentioned contract. 
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PASSED AND ADOPTED this 18‘^day of November 2014, by the following vote: 

AYES: COUNCILMEMBERS: _ PriceA/accaro/Bertani/Mov/Mhaz 

NOES: COUNCILMEMBERS: 

ABSENT: 

ABSTAIN: 


NONE 


COUNCILMEMBERS; 

COUNCILMEMBERS: 






NONE 





LANDSCAPE MAINTENANCE AGREEMENT 


THIS LANDSCAPE MAINTENANCE AGREEMENT (hereinafter referred to as the 
“Agreement”), dated ^ . 20\z, by and between CITY OF FAIRFIELD, 

party of the first part, (hereinafter called the “CITY”), and NEW IMAGE LANDSCAPE 
COMPANY, party of the second part, (hereinafter called the “CONTRACTOR”). 


RECITALS: 

WHEREAS, the CITY is the owner of real properties in the City known as 

LANDSCAPE MAINTENANCE DISTRICT NO. 15 
GOLD RIDGE 

(hereinafter referred to as the “Property”) made a part of this Agreement by reference; and 

Whereas, the City and Contractor have agreed that Contractor shall be responsible 
for the actual maintenance of certain (the “Improvements”), to wit, the landscaping, and the 
costs therefore shall be paid to Contractor by the City, and that all other costs shall be paid 
by the City directly. 

NOW, THEREFORE, IT IS AGREED BETWEEN THE PARTIES AS FOLLOWS: 

1. Purpose. The purpose of this Agreement is to assure continued 
maintenance and care of the improvements installed in accordance with the plans 
previously approved by the City. 

2. Properties Subject to Agreement. The properties as herein referred to, 
includes the areas outlined on plans available for review at City Hall. 

2.1 Scope of Work. Contractor hereby agrees to furnish all of the materials, 
equipment and labor necessary and to perform all of the work described in the 
specifications all in accordance with the requirements and provisions of the following 
documents which are hereby made a part of this Agreement: 

(a) Specifications for Landscape Maintenance dated Sept. 22, 2014 

(b) The accepted bid dated Oct. 21. 2014 

(c) Instructions to bidders. Sept. 22. 2014 

(d) City of Fairfield Standard Specifications and details dated January 1988 

(e) Performance Bond dated 25. zo>y 

(f) Labor and Materials Bond dated ucj 2-5 'Ttv / 
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All of said documents are intended to cooperate so that any work called for in one 
and not mentioned in another, or vice versa, is to be executed and performed the same as 
if mentioned in all of said documents. Said documents, comprising the complete Contract, 
are sometimes hereinafter referred to as the Contract Documents. Should there be any 
conflict between the terms of this instrument and the bid or proposal of CONTRACTOR or 
any of the other Contract Documents, this instrument shall control. 

3. Duty to Maintain Improvements. Contractor agrees to diligently maintain 
and care for the covered improvements, using generally accepted methods for cultivation 
and watering in accordance with the standard of care and maintenance set forth in the 
“Special Provisions” hereto. The intent of such standard of care and maintenance is to 
provide for the life, growth, health and beauty of landscaping including cultivation, 
irrigation, trimming, spraying, fertilizing or treating for disease or injury to maintain the 
landscaping in a healthy, thriving condition, and to prevent it from deteriorating to the 
extent that its value as landscaping is reduced or destroyed. 

4. Payment of Maintenance Costs. Contractor and the City agree that 
commencing January 1, 2015, the City will pay Contractor the Contract Sum plus any 
approved extras for maintaining the Covered Improvements (“Covered Maintenance Cost”, 
as defined below). On the tenth day of each month. Contractor shall deliver to the City a 
billing for the Covered Maintenance Costs Incurred by Contractor for the previous month, 
together with supporting documentation therefore, and such costs shall be paid to 
Contractor within thirty (30) days of receipt of said invoice. As used herein, the term 
“Covered Maintenance Costs” shall mean the Contract Sums as bid by the Contractor and 
other costs and expenses approved by the City as Extra Work associated with the care 
and maintenance of the Covered Improvements hereto. 

4.1 Contract Sum. The Contractor will accept, in full payment and compensation 
for the furnishing of said labor and materials, etc., as aforesaid, and doing ail of the work 
contemplated and embraced in this Agreement, also for all loss or damage arising out of 
the nature of the work to be done under this Agreement, or from the action of the 
elements, or from any unforeseen difficulties or obstructions which may arise or be 
encountered during the progress of said work during the twenty-four month Maintenance 
Period, for the sums not to exceed as follows: 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

LANDSCAPE MAINTENANCE DISTRICT NO. 15 
GOLD RIDGE 


I - Base: 

Contractor declares that he has examined the locations of the work, that he has 
examined the specifications and ail contract documents, and hereby agrees to furnish all 
materials, labor, equipment, and perform all the work in accordance with said 
specifications and contract documents, a period of approximately twenty (24) months 
from the date of the Notice to Proceed (January 1, 2015): 


1. To perform all routine, cyclical work for the Goldridge Landscape Maintenance 
District for the lump sum monthly base cost of Nine Thousand Eight Hundred Fifty Dollars 
$9,850. 

For a total 24 month cost of Two Hundred Thirty Six Thousand Four Hundred Dollars 
$236,400. 


Contractor's License: 

a. Class: C-27 - D49 _ 

b. Number: 719106 _ 

c. Expiration Date: 02/29/2016 
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4.2 Extra Work; All extra work shall be approved in advance in writing by the 
City. The extra work proposal shall include the following: scope of work; cost 
of work; and time of completion. Unauthorized work shall be at the 
Contractor’s expense. Prior to repairing any leaking irrigation pipe or 
sprinklers or performing any extra work that may be needed; the 
contractor will provide a job estimate outlining the scope of work to be 
performed. Said work will be approved by the LMM prior to beginning 
work. The City reserves the rights to have another contractor perform 
extra work if contractors proposal is not acceptable by the LMM. 

5. Costs Paid by City . 

5.1 The following costs shall be paid directly by the City: 

5.1.1 All utility costs including, but not limited to: PG&E and water. 

5.1.2 Cost of street light maintenance. 

5.1.3 All other costs as may lawfully be covered by the City. 

6. City May Maintain Landscaping . 

6.1 Temporary Default. Contractor agrees that in the event Contractor fails to 
perform any of the duties specified in Paragraph 3, above, the City may elect to serve 
written notice of its intent to enter the area to promptly perform the required maintenance. 
Such notice shall be served personally, or by certified mail, return receipt requested, upon 
Contractor, at least fourteen (14) days in advance of the date when the City intends to 
enter the area for the purpose stated in this paragraph. Contractor may void the notice, 
and the City’s right to enter and perform the maintenance, by promptly performing the 
required maintenance within the notice period or, if such maintenance cannot be 
reasonably completed within such fourteen (14) day period, then Contractor shall contact 
the Public Works Director to obtain such additional time as is necessary. If additional time 
is obtained. Contractor shall immediately undertake necessary steps to perform said 
maintenance and shall diligently pursue the duties to completion within the time period 
agreed to by the Public Works Director. If Contractor fails to perform the required duties 
within the time period(s) specified by this paragraph, the City may enter upon the area for 
which proper notice has been served and perform such work as it considers reasonably 
necessary and proper to restore and/or maintain the landscaping. The City may act either 
through its own employees or through an independent contractor. The cost of such work 
shall be deducted from the amount owned to Contractor. 

6.2 Continuing Default. Contractor agrees that in the event Contractor should 
default in the performance of the duties specified in Paragraph 3 herein for a continuous 
period of fourteen (14) days from Notice thereof to Contractor by the City and no additional 
time to cure such default has been given Contractor by the City, the City may elect to 
terminate this Agreement by serving written notice to Contractor of such termination and 
upon such termination, all maintenance of the improvements shall be performed by or 
under the direction of the City. 
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6.3 Any contractor in default of previous contracts with the City of Fairfield within 
the last three years will not be allowed to enter a bid for this contract without approval of 
the City Engineer prior to bid opening. 

7. Option to Renew . By mutual agreement, the City and the Contractor may 
enter into an agreement for extension of this agreement for a period of an additional 
twenty four (24) months upon the same terms and conditions set forth herein with a 
negotiated adjustment not to exceed the October CPI, of the current contract year, for the 
San Francisco/Bay Area Urban Wage Earner. No more than two extensions will be 
granted of this agreement. New work would be added at a cost increase agreed to by the 
Contractor and the City prior to beginning the work. 

8. Hold Harmless Agreement . Contractor will indemnify, hold harmless, and 
assume defense of, in any actions of law or in equity, the City, its officers, employees, 
agents, and elective and appointive boards from all claims, losses, damage, including 
property damage, personal injury, including death, and liability of every kind, nature and 
description, directly, or indirectly, arising from the operations of Contractor, any 
subcontractor, or of any person directly or indirectly employed by, or acting as agent for 
Contractor, his subcontractor, in connection with the work to be performed under this 
Agreement but not including the sole or active negligence or willful misconduct of the City. 
Subject to any applicable statutes of limitations, this indemnification shall extend to claims, 
losses, damage, injury, and liability for injuries occurring after completion of the aforesaid 
operations as well as during the work’s progress. Acceptance of insurance certificates 
required under this Agreement does not relieve Contractor from liability under this 
indemnity and hold harmless clause. This indemnity and hold harmless clause shall apply 
to all damages and claims for damages of every kind suffered, or alleged to have been 
suffered, by reason of any of Contractor’s, or any subcontractor’s operations regardless of 
whether or not such insurance policies shall have been determined to be applicable to any 
of such damages or claims for damages. 

9. Contractor’s Insurance . Contractor shall not commence work under this 
Agreement or permit his subcontractor to commence work there under until Contractor 
shall have obtained or caused to be obtained all insurance required under this paragraph 
and such insurance shall have been approved by the City Attorney as to form, amount, 
and carrier. Contractor shall not allow any subcontractor to commence work on his 
subcontract until all insurance required of the contractor or subcontractor shall have been 
so obtained and approved. Said insurance shall be maintained in force and effect during 
the performance of work under this Agreement. All requirements herein provided shall 
appear either in the body of the insurance policies or as endorsements, and shall 
specifically bind the insurance carrier. 
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(a) . Workers’ Compensation Insurance: Contractor shall obtain and maintain (or 
cause to be obtained and maintained) workers’ compensation insurance for all 
Contractor’s employees employed to maintain the Improvements. Proof of a qualified self- 
insurance program is acceptable. Contractor shall require any contractor or subcontractor 
similarly to provide workers’ compensation insurance for all Contractor’s or subcontractor’s 
employees, unless such employees are covered by the protection afforded to Contractor. 
In case any class of employees engaged in work under this Agreement on the Properties 
is not protected under any workers’ compensation law, Contractor shall provide and shall 
cause each subcontractor to provide adequate insurance for the protection of employees 
not otherwise protected. Contractor hereby agrees to indemnify City for any damage 
resulting to it from failure of either Contractor or any subcontractor to take out or maintain 
such insurance. Contractor shall provide the Public Works Director with a certificate of 
insurance indicating workers’ compensation coverage prior to engaging in any activity 
required by this Agreement. 

(b) . Liability Insurance: Contractor shall obtain and keep in full force and effect 
during the term of this Agreement broad form property damage, personal injury, 
automobile, employers’, and comprehensive form liability insurance in the amount of 
$3,000,000 per occurrence provided: (1) that the City, its officers, agents, and employees 
shall be added as insureds under the policy; (2) that the policy shall stipulate that this 
insurance will operate as primary insurance as it relates to any insurance carried by the 
City: and (3) no other insurance effected by the City will be called upon to cover a loss 
covered thereunder. In the event that any of the aforesaid insurance policies provided for 
in this Paragraph 8 insures any entity, persons, boards, or commissions other than those 
mentioned in this paragraph, such policy shall contain a standard form of cross-liability 
endorsement, insuring on such policy City, its elective and appointive boards, 
commissions, officers, agents, and employees. Contractor and any subcontractor 
performing work covered by this Agreement. 

10. Certificates of Insurance . Contractor shall file with City’s Public Works 
Director upon the execution of this Agreement, certificates of insurance which shall provide 
that no cancellation, major change in coverage, expiration, or nonrenewal will be made 
during the term of this Agreement, without thirty (30) days written notice to the Public 
Works Director prior to the effective date of such cancellation, or change in coverage. 

Contractor shall file with the Public Works Director concurrent with the 
execution of this Agreement, the City’s standard endorsement form (attached hereto) 
providing for each of the above requirements. 

11. Contractor not Agent of City . Neither Contractor nor any of Contractor’s 
agents, contractors, or subcontractors are or shall be considered to be agents of City in 
connection with the performance of Contractor’s obligations under this Agreement. 

12. No employee of the City of Fairfield shall have any direct financial interest in 
this Agreement. This Agreement shall be voidable at the option of the City if this provision 
is violated. 
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13. Termination of Contract by the City . 


The City reserves the right to terminate the contract for convenience, for any reason or for 
no reason, at the City’s sole discretion but not the performance of the contractor. The 
contractor is entitled to receive payment for work completed. Reasonable overhead and 
profit will be recognized for work completed. However, no allowances or compensation will 
be granted for the loss of any anticipated profit by the contractor. Notice of the City’s intent 
to terminate will be given ten days prior by register mail. Notice of termination will be 
followed after the tenth day. The contractor will be required to remove all materials and 
personal property belonging to the contractor within the ten days. 

14. Notices . All notices herein required shall be in writing, and delivered in 
person or sent by registered mail, postage prepaid. 

Notices required to be given to City shall be addressed as follows: 

City Engineer 
Fairfield City Hall 
1000 Webster Street 
Fairfield, California 94533 

Notices required to be given to Contractor shall be addressed as follows: 

^ f ^ t'.o . 

3 O Col r-ni"n 0.0 

V t . r. A ^ ^ _ 


Any party or the surety may change such address by notices in writing to the 
other party and thereafter notices shall be addressed and transmitted to the new address. 

15. Miscellaneous Terms and Provisions . 

(a) If any of this contract is adjudged invalid, the remaining provisions of 
it are not affected. 

(b) Notice to Contractor shall be considered to have been given to 
Contractor when sent to address as stated above. 

(c) This writing contains a full, final, and exclusive statement of the 
Contract of the parties. 

(d) By executing this Agreement, Contractor authorizes and grants to the 
City or anyone acting on the City’s behalf permission to enter upon 
the Properties subject to this Agreement to perform inspections 
and/or to perform any work authorized by this Agreement in the event 
of default by Contractor. 
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16. Local Employment Policy . “The City of Fairfield desires wherever possible, 
to hire qualified local residents to work on City projects. Local resident is defined as a 
person who resides in Solano County. 

The City encourages an active affirmative action program on the part of its 
contractors, consultants, and developers. 

When local projects require, subcontractors, contractors, consultants and 
developers will solicit proposals from qualified local firms where possible. 

As a way of responding to the provisions of the Davis-Bacon Act and this 
program, contractor, consultants, and developers will be asked to provide no more 
frequently than monthly, a report which lists the employee’s name, job class, hours 
worked, salary paid. City of residence, and ethnic origin.” 


IN WITNESS WHEREOF, the parties hereto have executed this Agreement 
on the dates set forth opposite their respective signatures. 


ATTEST: CITY OF FAIRFIELD 






THE AMERICAN INSTITUTE OF ARCHITECTS 



Bond No. CA3159484 
Premium: $3,404.00 


AIA Document A311 

Performance Bond 


KNOW ALL MEN BY THESE PRESENTS: 

NEW IMAGE LANDSCAPE COMPANY 
3250 Darby Common 
Fremont, CA 94539 


that 


(Here inierr fuU name and addrett or le^al iiile of Coniracior) 


as Principal, hereinafter called Contractor, and, 

GREAT AMERICAN INSURANCE COMPANY 
301 E. 4th Street 
Cincinnati, OH 45202 


(Here inieri lull lumc and addrrii or Ittal lille oi Suraiy) 


as Surety, hereinafter called Surety, are held and firmly bound unto 

/^n~v/ /'^r- n’Air^^ir-i i—v * 


CITY OF FAIRFIELD 
420 Gregory Street 
Fairfield, CA 94533-4836 


(Here inwri lull namr and addreii or l*|al lill* ol Own*/) 


as Obligee, hereinafter called Owner, in the amount of 


Two Hundred Thirty Six Thousand Four Hundred and 00/100 Dollars (S 236,400.00 ), 

for the payment whereof Contractor and Surety bind themselves, their heirs, executors, administrators, 
successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, 

Contractor has by written agreement dated , , entered into a contract with Owner for 

(Her* inieri lull name, addreit and deKriplion ol projccll 

Gold Ridge; Landscape Maintenance District No. 15 

in accordance with Drawings and Specifications prepared by 

N/A (Hrre interi fuil name and addreti or legal tiiJe of Archiie<il 


which contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 
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PERFORMANCE BOND 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, if Contractor shall promptly and faithfully perform 
said Contract, then this obligation shall be null and void; otherwise it shall remain in full force and effect. 


The Surety hereby waives notice of any alteration or 
extension of time made by the Owner. 

Whenever Contractor shall be, and declared by Owner 
to be in default under the Contract, the Owner having 
performed Owner's obligations thereunder, the Surety 
may promptly remedy the default, or shall promptly 

1) Complete the Contract in accordance with its terms 
and conditions, or 

2) Obtain a bid or bids for completing the Contract in 
accordance with its terms and conditions, and upon de¬ 
termination by Surety of the lowest responsible bidder, 
or, if the Owner elects, upon determination by the 
Owner and the Surety jointly of the lowest responsible 
bidder, arrange for a contract between such bidder and 
Owner, and make available as Work progresses (even 
though there should be a default or a succession of 


defaults under the contract or contracts of completion 
arranged under this paragraph) sufficient funds to pay the 
cost of completion less the balance of the contract price; 
but not exceeding, including other costs and damages 
for which the Surety may be liable hereunder, the amount 
set forth in the first paragraph hereof. The term "balance 
of the contract price," as used in this paragraph, shall 
mean the total amount payable by Owner to Contractor 
under the Contract and any amendments thereto, less 
the amount properly paid by Owner to Contractor. 

Any suit under this bond must be instituted before 
the expiration of two (2) years from the date on which 
final payment under the Contract falls due. 

No right of action shall accrue on this bond to or for 
the use of any person or corporation other than the 
Owner named herein or the heirs, executors, adminis¬ 
trators or successors of the Owner. 


Signed and sealed this 25th day of November 2014 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 

State of California 
County of Santa Clara 

On NOV 2 5 2014 JAMES ROSS, NOTARY PUBLIC, personally 

appeared NATHAN VARNOLD who proved to me on the basis of satisfactory 
evidence to be the person(s) whose name(s) is/afe subscribed to the within 
instrument and acknowledged to me that he/sf^e/tJ^ executed the same in 
his/f^ef/tf^e+f authorized capacity(ies), and that by his/lw/t]=»e+f signature(s) on 
the instrument the person(s), or the entity upon behalf of which the person(s) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that 
the foregoing paragraph is true and correct. 

WITNESS my hand and official seal. 


Signature 


(SEAL) 


JAMES ROSS I 

k COMM. #1984813 i 
Q Notary Public - California g 
7 Los Angeles County -r 
My Comm. Expires July \ 2 ,2016 f 





GREAT AMERICAN INSURANCE COMPANY® 

Administrative Office: 301 E 4TH STREET • CINCINNATI, OHiO 46202 • 513-369-5000 • FAX 513-723-2740 


The number of persons authorized by 

this power of attorney is not more than SEVEN 

No. 0 14883 


POWER OF ATTORNEY 

KNOW ALL MEN BY THESE PRESENTS: That the GREAT AMERICAN INSURANCE COMPANY, a corporation organized and existing under 
and by virtue of the laws of the State of Ohio, does hereby nominate, constitute and appoint the person or persons named below, each individually if more than 
one is named, its true and lawful attomey-in-fact, for it and in its name, place and stead to execute on behalf of the said Company, as surety, any and all bonds, 
undertakings and contracts of suretyship, or other written obligations in the nature thereof; provided that the liability of the said Company on any such bond, 
undertaking or contract of suretyship executed under this authority shall not exceed the limi t stated below. 



Name 

Address 

Limit of Power 

RICHARD S. SVEC 

ANNA SWEETEN 

ALL OF 

ALL 

PATRICK MOUGHAN 

MICHAEL J. HEFFERNAN 

SAN JOSE, 

$100,000,OOO.OC 

GEOFFREY R. GREEN 

MICHAEL SHEAHAN 

NATHAN VARNOLD 

CALIFORNIA 



This Power of Attorney revokes all previous powers issued on behalf of the attomey(5)-in-fact named above. 

IN WITNESS WHEREOF the GREAT AMERICAN INSURANCE COMPANY has caused these presents to be signed and anested by its appropriate 
officers and its corporate seal hereunto affixed this 28TH day of JANUARY , 2013 

Attest GREAT AMERICAN INSURANCE COMPANY 



STATE OF OHIO, COUNTY OF HAMILTON - ss: '<rrcHiN (877-377-2405) 

On this 28TH day of JANUARY , 2013 , before me personally ^jMared DAVID C. KITCHIN, to me 

known, being duly sworn, deposes and says that he resides in Cincinnati, Ohio, that he is a Divisional Senior Vice President of the Bond Division of Great 
American Insurance Company, the Company described in and which executed the above instrument; that he knows the seal of the said Company; that the seal 
affixed to the said instrument is such corporate seal; that it was so affixed by authority of his office under the By-Laws of said Company, and that he signed his 
name thereto by like authority. 



KAREN L.6R0SHBM 
NOTARY PUBLIC, STATE OF OHIO 
MY C0MMI88KW EXPIRES 02-20-16 





This Power of Attorney is granted by authority of the following resolutions adopted by the Board of Directors of Great American Insurance Company 
by unanimous written consent dated June 9, 2008. 


RESOLVED: That the Divisional President, the several Divisional Senior Vice Presidents, Divisional Vice Presidents and Dtvisonal Assistant Vice 
Presidents, or any one of them, be and hereby is authorized, from time to time, to appoint one or more Attomeys-in-Fact to execute on behalf of the Company, 
as surety, any and all bonds, undertaldngs and contracts of suretyship, or other written obligations in the nature thereof; to prescribe their respective duties and 
the respective limits of their authority: and to revoke any such appointment at any time. 

RESOLVED FURTHER: That the Company seal and the signature of any of the aforesaid officers and any Secretaiy or Assistant Secretary of the 
Company may be affixed by facsimile to any power of attorney or cert^icate of either given for the execution of any bond, undertaking, contract of suretyship, 
or other written obligation in the nature thereof, such signature and seal when so used being hereby adopted by the Company as the original signature of such 
officer and the original seal of the Company, to be valid and binding upon the Company with the same force and effect as though manually affixed. 


CERTIFICATION 


I, STEPHEN C. BERAHA, Assistant Secretary of Great American Insurance Company, do hereby certify that the foregoing Power of Attorney and 
the Resolutions of the Board of Directors of June 9,2008 have not been revoked and are now in fhll force and effect. 


Signed and sealed this .. _ _ _ day of 

NOV 2 5 2014 




Assistant Secretary 


S1029AC(4/11) 










THE AMERICAN INSTITUTE OF ARCHITECTS 



Bond No. CAS 159484 
Premium Included in Performance Bond 


AIA Document ASH 


Labor and Material Payment Bond 


THIS BONO IS ISSUED SIMULTANEOUSLY WITH PERFORMANCE BONO IN FAVOR OF THE 
owner CONDITIONED ON THE FULL AND FAITHFUL PERFORMANCE OF THE CONTRACT 


KNOW ALL MEN BY THESE PRESENTS: that 

NEW IMAGE LANDSCAPE COMPANY iddrm or l*|*l wit oi Comncior) 

3250 Darby Common 
Fremont, CA 94539 


as Principal, hereinafter called Principal, and, 

GREAT AMERICAN INSURANCE COMPANY »"'* *'**•“ 

301 E. 4th Street 
Cincinnati, OH 45202 

as Surety, hereinafter called Surety, are held and firmly bound unto 

CITY OF FAIRFIELD (Here mitn full n»me tnd iddim or l»|al title of Ownerl 

420 Gregory Street 
Fairfield, CA 94533-4836 

as Obligee, hereinafter called Owner, for the use and benefit of claimants as hereinbetow defined, in the 


amount of TWO HUNDRED THIRTY SIX THOUSAND FOUR HUNDRED 

(Here initrf a turn eoual to al Itaal ont-half of fht tonwaci pried Dollars ($ 236,400.00 ), 

for the payment whereof Principal and Surety bind themselves, their heirs, executors, administrators, 
successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, 

Principal has by written agreement dated , . entered into a contract with Owner for 

(Here insert full name, address and description oi project) 

Gold Ridge; Landscape Maintenance District No. 15 

in accordance with Drawings and Specifications prepared by 

(Here intert full n«me and addreif or lr(al lillc of Archilecil 


which, contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 
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LABOR AND MATERIAL PAYMENT BOND 


NOW, THfREfORE. THE CONDITION OF THIS OBtiCATiON i$ such that, if Principal shal[ promptly make payment to all 
claimants as hereinafter defined, for ail labor and material used or reasonably required for use in the performance of the 
Contract, then this obligation shall be void; otherwise it shall remain in full force and effect, subject, however, to the fol¬ 
lowing conditions: 


1. A claimant is defined as one having a direct con¬ 
tract with the Principal or with a Subcontractor of the 
Principal for labor, material, or both, used or reasonably 
required for use in the performance of the Contract, 
labor and material being construed to include that part of 
water, gas, power, light, heat, oil, gasoline, telephone 
service or rental of equipment directly applicable to the 
Contract. 

2. The above named Principal and Surety hereby 
jointly and severally agree with the Owner that every 
claimant as herein defined, who has not been paid in 
full before the expiration of a period of ninety (90) 
days after the date on which the last of such claimant s 
work or labor was done or performed, or materials were 
furnished by such claimant, may sue on this bond for 
the use of such claimant, prosecute the suit to final 
judgment for such sum or sums as may be justly due 
claimant, and have execution thereon The Owner shall 
not be liable for the payment of any costs or expenses 
of any such suit. 

3. No suit or action shall be commenced hereunder 
by any claimant; 

a) Unless claimant, other than one having a direct 
contract with the Principal, shall have given written 
notice to any two of the following; the Principal, the 
Owner, or the Surety above named, within ninety (90) 
days after such claimant did or performed the last of 
the work or labor, or furnished the last of the materials 
for which said claim is made, stating with substantial 


Signed and sealed this 25th day of 


accuracy the amount claimed and the name of the party 
to whom the materials were furnished, or for whom 
the work or labor was done or performed. Such notice 
shall be sers'ed by mailing the same by registered mail 
or certified mail^ postage prepaid, in an envelope ad¬ 
dressed to the Principal, Owner or Surety, at any place 
where an office is regularly maintained for the trans¬ 
action of business, or served in any manner in which 
legal process may be served in the state in which the 
aforesaid project is located, save that such service need 
not be made by a public officer. 

b) After the expiration of one (1) year following the 
date on which Principal ceased Work on said Contract, 
it being understood, however, that if any limitation em¬ 
bodied in this bond is prohibited by any law controlling 
the construction hereof such limitation shall be deemed 
to be amended so-as to be equal to the minimum period 
of limitation permitted by such law. 

c) Other than in a state court of competent jurisdiction 
in and for the county or other political subdivision of 
the state in which the Project, or any part thereof, is 
situated, or in the United States District Court for the 
district in which the Project, or any part thereof, is sit¬ 
uated, and not elsewhere. 

4. The amount of this bond shall be reduced by and 
to the extent of any payment or payments made in good 
faith hereunder, inclusive of the payment by Surety of 
mechanics' liens which may be filed of record against 
said improvement, whether or not claim for the amount 
of such lien be presented under and against this bond. 


November 2014 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 


state of California 
County of Santa Clara 

On NOV 2 5 2014 before me, JAMES ROSS, NOTARY PUBLIC personally 
appeared NATHAN VARNOLD who proved to me on the basis of satisfactory 
evidence to be the person(5) whose name(&) is/are subscribed to the within 
instrument and acknowledged to me that he/5l=»e/tfiey executed the same in 
his/Jaef/tbe+f authorized capacity(ies), and that by his/bef/ th e ir signature(s) on 
the instrument the person(s), or the entity upon behalf of which the person(s) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that 
the foregoing paragraph is true and correct. 


WITNESS my hand and official seal. 



(SEAL) 





GREAT AMERICAN INSURANCE COMPANY® 

Administrative Office: 301 E 4TH STREET • CiNCINNATI, OHIO 45202 • 513-369-5000 • FAX 513-723-2740 


The number of persons authorized by 

this power of attorney is not more than SEVEN 

No. 0 14883 

POWER OF ATTORNEY 

KNOW ALL MEN BY THESE PRESENTS: That the GREAT AMERICAN INSURANCE COMPANY, a corporation organized and existing under 
and by virtue of the laws of the State of Ohio, does hereby nominate, constitute and appoint the person or persms named below, each individually if more than 
one is named, its true and lawful attomey-in-fact, for it and in its name, place imd steal to execute on behalf of the said Company, as surety, any and all bonds, 
undertakings and contracts of suretyship, or other written obligations in the nature thereof; provided that the liability of the said Company on any such bond, 
imdertaking or contract of suretyship executed under this authority shall not exceed the limit stated below. 



Name 

Address 

Limit of Power 

RICHARD S. SVEC 

ANNA SWEETEN 

ALL OF 

ALL 

PATRICK MOUGHAN 

MICHAEL J. HEFFERNAN 

SAN JOSE, 

$ioo,ooo,ooo.oc 

GEOFFREY R. GREEN 

MICHAEL SHEAHAN 

NATHAN VARNOLD 

CALIFORNIA 



This Power of Attorney revokes all previous powers issued on behalf of the attomey(s)-in-fact named above. 

IN WITNESS WHEREOF the GREAT AMERICAN INSURANCE COMPANY has caused these presents to be signed and attested by its appropriate 
officers and its corporate seal hereunto affixed this 28TH day of JANUARY , 2013 

Attest GREAT AMERICAN INSURANCE COMPANY 



Assistant Secretary Divisional Senior VJce President 


STATE OF OHIO, COUNTY OF HAMILTON - ss: david c, kitchin ( 877 - 377 - 2405 ) 

On this 28TH day of JANUARY , 2013 , before me personally appeared DAVID C. KITCHIN, to me 

known, being duly sworn, deposes and says that he resides in Cincinnati, Ohio, that he is a Divisional Senior Vice President of the Bond Division of Great 
American Insurance Company, the Company described in and which executed the above instrument; that he knows the seal of the said Company; that the seal 
affixed to the said instrument is such corporate seal; that it was so affixed by authority of his office under the By-Laws of said Company, and that he signed his 
name thereto by like authority. 


KAREN LGROSHEIM 

MOTARY PUBLIC. STATE OF OHIO iC, i h i 

MY COMMISSION EXPIRES 02-20-16 


This Power of Attorney is granted by authority of the following resolutions adopted by the Board of Directors of Great American Insurance Company 
by unanimous written consent dated June 9, 2008. 

RESOLVED: That the Divisional President, the several Divisional Senior Vice Presidents, Divisional Vice Presidents and Divisonal Assistant Vice 
Presidents, or any one of them, be and hereby is authorized, from time to time, to appoint one or more Attomeys-in-Fact to execute on behalf of the Company, 
as surety, any and all bonds, undertakings and contracts of suretyship, or other written obligations in the nature thereof; to prescribe their respective duties and 
the respective limits of their authority: and to revoke any such appointment at any time. 

RESOLVED FURTHER: That the Company seal and the signature of any of the aforesaid officers and any Secretaiy or Assistant Secretary of the 
Company may be affixed by facsimile to any power of attorney or certificate of either given for the execution of any bond, undertaking, contract of suretyship, 
or other written obligation in the nature thereof, such signature and seal when so used being hereby adopted by the Company as the original signature of such 
officer and the original seal of the Company, to be valid and binding upon the Company with the same force and effect as though manually affixed. 




CERTIFICATION 

I, STEPHEN C. BERAHA, Assistant Secretary of Great American Insurance Company, do hereby certify that the foregoing Power of Attorney and 
the Resolutions of the Board of Directors of June 9, 2008 have not been revoked and are now in ffill force and effect. 


Signed and sealed this day of 

NOV 2 5 2014 
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BUSINESS LICENSE' 


2014 


THE CITY OF FAIRFIELD MUNICIPAL CODE REQUIRES ALL BUSINESSES TO PAY 
A BUSINESS TAX. ALL BUSINESSES ARE REQUIRED TO COMPLY WITH ALL CITY 
CODES THIS LICENSE IS ISSUED WITHOUT VERIFICATION THE LICENSEE IS 
SUBJECT TO OR EXEMPT FROM LICENSING BY THE STATE OF CALIFORNIA. 


Business Name: 
Business Location: 

Corporate or 
Owner Name (s): 


New Image Landscape Company 
3250 Darby Common 
Fremont, CA 94539 

New Image Landscape Company 
Brian T Takahara 


NEW IMAGE LANDSCAPE COMPANY 
3250 DARBY COMMON 
FREMONT, CA 94539-5601 


ClU? OF FAIRFIELD 

Business License Office 

1000 Webster Street ■ Fairfield, CA 94533-4883 
(707) 428-7509 


BUSINESS LICENSE NO. 
08000052 

Issued Date: 01/09/2014 
Expiration Date: 12/31/2014 

Business Type: 029 
Description: Contractor- Specialty 


TO BE DISPLAYED AT YOUR PLACE OF BUSINESS 


POST IN A CONSPICUOUS PLACE • NOT TRANSFERABLE 






SANSGAR-01 


/KCORD 


CERTIFICATE OF LIABILITY INSURANCE 


_ HASH 

DATE (MM/DD/YYYY) 

7/1/2014 


THIS CERTIFICATE IS ISSUED AS A MATTER OF INFORMATION ONLY AND CONFERS NO RIGHTS UPON THE CERTIFICATE HOLDER. THIS 
CERTIFICATE DOES NOT AFFIRMATIVELY OR NEGATIVELY AMEND, EXTEND OR ALTER THE COVERAGE AFFORDED BY THE POLICIES 
BELOW. THIS CERTIFICATE OF INSURANCE DOES NOT CONSTITUTE A CONTRACT BETWEEN THE ISSUING INSURER(S), AUTHORIZED 
REPRESENTATIVE OR PRODUCER, AND THE CERTIFICATE HOLDER. 


( 'ORTANT: If the certificate holder is an ADDITIONAL INSURED, the policy(ies) must be endorsed. If SUBROGATION IS WAIVED, subject to 
...d terms and conditions of the policy, certain policies may require an endorsement. A statement on this certificate does not confer rights to the 
certificate holder in lieu of such endorsement(s]. 


prociucer (800) 632-2777 Sharon Harris 

CoreMark Insurance Services, Inc. phone oie ttq rot'? fax o-tc oo'i otot 

-icon l.jAX; , No. Ext): 910-779- 69 73 _ (A/C, No): 916-923-2797 _ 


2520 Venture Oaks Way, Suite 240 
License #0172684 
Sacramento, CA 95833-4228 


New Image Landscape Company 
3250 Darby Common 
Fremont, CA 94539 


A^Ess: sharris@CoreMarkins.com _ 

_ INSURER(5) AFFORDING COVERAGE _ 

INSURER A: Coloriy Insuraoce Company _ 

INSURER B: Liberty Mutual Insurance Co. _ 

iNsuRERc: Fjreman's Fund Insurance Company 
INSURER D: Cypress Insurance Company _ 

INSURER E : 


COVERAGES CERTIFICATE NUMBER; REVISION NUMBER: 


THIS IS TO CERTIFY THAT THE POLICIES OF INSURANCE LISTED BELOW HAVE BEEN ISSUED TO THE INSURED NAMED ABOVE FOR THE POLICY PERIOD 
INDICATED. NOTWITHSTANDING ANY REQUIREMENT, TERM OR CONDITION OF ANY CONTRACT OR OTHER DOCUMENT WITH RESPECT TO WHICH THIS 
CERTIFICATE MAY BE ISSUED OR MAY PERTAIN, THE INSURANCE AFFORDED BY THE POLICIES DESCRIBED HEREIN IS SUBJECT TO ALL THE TERMS, 
EXCLUSIONS AND CONDITIONS OF SUCH POLICIES. LIMITS SHOWN MAY HAVE BEEN REDUCED BY PAID CLAIMS. 


TYPE OF INSURANCE 


GENERAL LIABIUTY 
X COM MERCIAL GENE RAL L IABILITY 
I CLAIMS-MADE OCCUR 


I GEN 'L AGGR EGATE LIMIT A PPLIES PER: 

n POLICY rn — 


I AUTOMOBILE UABILITY 

ANY AUTO 


POLICY NUMBER 


103GL000031901 


7/1/2014 7/1/2015 


ANY AUTO 
ALL OWNED 
AUTOS 

HIRED AUTOS 


UMBRELLA LIAB 
EXCESS LIAB 


BAWS61614d9 


7/1/2014 7/1/2015 


SCHEDULED 

AUTOS 

NON-OWNEO 

AUTOS 


OCCUR 

CLAIMS-MADE 


I I DED 1 RETENTIONS 


I WORKERS COMPENSATION 
j AND EMPLOYERS’ LIABILITY Y / N 

I ANY PROPRIETOR/PARTNER/EXECUTIVE |- 

OFFICER/MEMBER EXCLUDED? Y 

(Mandatory in NH) ^- 

If yes, describe under 
DESCRIPTION OF OPERATIONS below 


[3 


ISSE15114663 


3300061751141 


7/1/2014 I 7/1/2015 


EACH OCCURRENCE 

DAMAGE TO rented- 

PREMISES (Ea occurrence! 

MED EXP (Any one person) 

PERSONAL & ADV INJURY 

GENERAL AGGREGATE 

PRODUCTS - COMP/OP AGG 


COMBINED SINGLE LIMIT 
Ea accident) _$_ 

BODILY INJURY (Per person) $ 
BODILY INJURY (Per accident) $ 

PROPERTY DAMAGE T 

(PER ACCIDENT) _^ 

$ 


EACH OCCURRENCE _$_ 

AGGREGATE $ 







Y wc STATU- OTH- 

^ TORY LIMITS FR 


7/1/2014 

7/1/2015 

E.L. EACH ACCIDENT 

$ 

1,000,001 



1 

E.L. DISEASE - EA EMPLOYEE 

$ 

1,000,001 



E.L. DISEASE - POLICY LIMIT 

$ 

1,000,00 


1,000,00 


'EM 



DESCRIPTION OF OPERATIONS / LOCATIONS / VEHICLES (Attach ACORD 101, Additional Remarks Schedule, if more space is required) 

RE: Landscape Maintenance of Manuel Campos Parkway and the Nortti Texas/l-80 Interchange The City of Fairfield, it's officers, officials, 
agents, employees and volunteers are named as additional insured per attached U4620310 


CERTIFICATE HOLDER 


CANCELLATION 


City of Fairfield 

do Department of Public Works-City Hall 
1000 Webster Street, 3rd floor 
Fairfield, CA 94533- 


SHOULD ANY OF THE ABOVE DESCRIBED POLICIES BE CANCELLED BEFORE 
THE EXPIRATION DATE THEREOF, NOTICE WILL BE DELIVERED IN 
ACCORDANCE WITH THE POLICY PROVISIONS. 


AUTHORIZED REPRESENTATIVE 




ACORD 25 (2010/05) 


© 1988-2010 ACORD CORPORATION. All rights reserved. 
The ACORD name and logo are registered marks of ACORD 



















Policy# 103GL000031901 


THIS ENDORSEMENT CHANGES THE POUCY. PLEASE READ IT CAREFULLY. 


ADDITIONAL INSURED - OWNERS, LESSEES OR 
CONTRACTORS - SCHEDULED PERSON OR 
ORGANIZATION - COMPLETED OPERATIONS & ONGOING 

OPERATIONS AS SCHEDULED 


This endorsement modifies insurance provided under the following; 
COMMERCIAL GENERAL LIABILITY COVERAGE PART 


SCHEDULE 


Name Of Additional Insured Person(s) 

Or Orqanizationfs): 

Location And Description Of Operations 

As required by written contract 

per contract 


A. Section II - Who Is An insured is amended to include the person(s) or organization(s) shown in the 
Schedule (called additional insured), but only with respect to; 

(1) Liability for "bodily injury" or "property damage" caused, in whole or in part, resulting from 
"your work" at the location designated and described in the schedule of this endorsement 
performed for that additional insured and included in the "products-completed operations 
hazard" when you and such person(s) or organization(s) have agreed in writing in a con¬ 
tract or agreement that such person(s) or organization(s) be named as an additional in¬ 
sured on your policy. 

(2) Liability for "bodily injury", "property damage" or "personal and advertising injury" caused, 
in whole or in part, by resulting from; 

(a) Your acts or omissions; or 

(b) The acts or omissions of those acting on your behalf; 

in the performance of your ongoing operations for the additional insured(s) at the loca- 
tion(s) designated above. 

B. Section IV - Commercial General Liability Conditions, 4. Other Insurance is amended and the 
following added; 

If you are required by written contract to provide primary insurance, the insurance afforded by this 
Coverage Part for the additional insured shown in the Schedule is primary insurance and we will not 
seek contribution from any other insurance available to that additional insured. 


ALL OTHER TERMS AND CONDITIONS OF THE POLICY REMAIN UNCHANGED. 


U462-0310 


Includes copyrighted material of ISO Properties, Inc., 2004 
with its permission. 
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NEW IMAGE 

LANDSCAPE COMPANY 


Bid Prepared for: 
City of Fairfield 

Proposals Due 

October 21, 2014 by 2:00 pm 


For: 

Landscape Maintenance District No.l5 
Goldridge 
Submitted by: 

New Image Landscape Company 
3250 Darby Common, Fremont, CA 94539 
License #719106 







00 


NEW IMAGE 

LANDSCAPE COMPANY 


October 21, 2014 

City of Fairfield 
Public Works Department 
1000 Webster Street 
Fairfield, CA 


RE: Landscape Maintenance District No.15 


On behalf of New Image Landscape Company, please accept the attached documents as our proposal for 
landscape maintenance services. We are particularly proud of the commitment and dedication of our 
professional staff and we think you will find they will meet and exceed your expectations. 

Thank you for the opportunity to provide you with a comprehensive landscape maintenance proposal. 
We look forward to the opportunity to work with you on this project. Please do not hesitate to call with 
any questions. 


Sincerely, 

New Image Landscape Company 


Guillermo Ruvalcaba 



Vice President 


New Image Landscape Company 







CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


LANDSCAPE MAINTENANCE DISTRICT NO. 15 
GOLDRIDGE 

To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the work, that he has 
examined the specifications and all contract documents, and hereby agrees to furnish all 
materials, labor, equipment, and perform all the work in accordance with said 
specifications and contract documents, a period of approximately twenty four (24) 
months from the date of the Notice to Proceed (anticipated to be January 1, 2015). 

The undersigned further agrees that, upon written acceptance of this bid, he will within 
FIFTEEN days of receipt of such notice execute a formal contract agreement with the 
City of Fairfield, with necessary bonds and certificate and city standard form 
endorsement of insurance. He also agrees that, in the case of default in executing the 
contract, the proceeds of the check or bond accompanying his bid shall become the 
property of the City of Fairfield. 

The undersigned agrees that, if awarded the contract, he will commence the work upon 
written notice to proceed. 

Bids will be submitted for the entire work. Contract will be awarded on lowest base bid 
only. The city reserves the right to add any of the alternates based on available budget. 

The amount of the bid for comparison purposes will be total amount of bid. 

The bidder shall set forth for each unit basis item of work a unit price and a total price 
for the item, and for each lump sum item a total price for the item, all in clearly legible 
figures in the respective spaces provided for this purpose. In the case of unit basis 
items, the amount set forth in the 'Total Price" column shall be an extension of the unit 
price bid on the basis of the quantity for this item. 

In case of discrepancy between the unit price and the total price set forth for a unit basis 
item, the unit price shall prevail, provided, however, if the amount set forth as a unit 
price is ambiguous, unintelligible or uncertain for any cause, or is omitted, or is the 
same amount as the entry in the "Total Price" column, then the amount set forth In the 
“Total Price" column for the item shall prevail and shall be divided by the quantity for the 
Item and the price thus obtained shall be the unit price. 

Bidder acknowledges receipt of the following addenda: 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 
PROPOSAL 

LANDSCAPE MAINTENANCE DISTRICT NO. 15 


GOLDRIDGE 


I - Base: 

The undersigned declares that he has examined the locations of the work, that he 
has examined the specifications and all contract documents, and hereby agrees to furnish 
all materials, labor, equipment, and perform all the work in accordance with said 
specifications and contract documents, a period of approximately twenty (24) months 
from the date of the Notice to Proceed (January 1, 2015): 


1. To perform all routine, cyclical work for the Goldridge Landscape 
Maintenance District for the lump sum monthly base cost o f $9,850.00 

For a total 24 month cost ‘R?.^6.4nf).oo _ 


The undersigned further agrees that, upon written acceptance of this bid, he will within 
TEN days of receipt of such notice execute a formal contract agreement with the City of 
Fairfield, with necessary bonds and certificate and city standard form endorsement of 
insurance. 

The undersigned agrees that, if awarded the contract, he will commence the 
work upon written notice to proceed and shall diligently prosecute the same to 
completion before the expiration of 3 working days from the date of said written notice to 
proceed. 7 

Signature of Responsible Officia h^j^^; c, 

Contractor's License: 

a. Class: C27 - D49 _ 

b. Number: 719106 _ 

c. Expiration Date: 02 / 29/2016 _ 
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STATEMENT OF EXPERIENCE 


Indicate below, or on a separate sheet, at least three (3) references from accounts 
similar in size. Be sure to include for each reference; an account name, contact person, 
telephone number, and how long you have had the account. The contractor must have 
five (5) years of experience performing similar work on large-scale maintenance 
contracts. Lack of experience and good references are grounds to reject bids. 

1. Account Name; City of American Canyon - Wetlands Edge & Vintage Ranch _. 

Address: 4381 Broadway Suite 2Q1. American Canyon. CA _. 

Contract Person/Title: George DeOcampo - Parks Superyisor _. 

Phone Number: (707)847-4891 _. 

Number of years sen/icing this account: .iiiiy 2012 - Ciirrent _. 

2. Account Name: City of Emeryyille _. 

Address: 1333 Park Aye. Emeryyille. CA _. 

Contract Person/Title: Richard Cunningham - Maintenance Diyision _. 

Phone Number: (.810) .898-4300 _. 

Number of years servicing this account: August 2004 - Current _. 

3. Account Name: City of Suisun - Street Medians and Right of Ways _. 

Address: 701 Civic Center. Suisun City, CA _. 

Contract PersonH'itle: Jeff Penrod - Public Works Superintendent _. 

Phone Number: (7071421-7340 _. 

Number of years servicing this account; .lanuaty 2009 - Currant _. 


Note: Failure to comply with this section and background check can be grounds for 
rejecting bid. 
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PROPOSAL QUESTIONNAIRE* 


1. How many years has your company been in the business of providing 
landscaping services, and what geographical areas does your firm provide 
landscaping service to? 

New Image Landscape Company has been serving the Bay Area since its incorporation on January 1, 1996. Since itSi 
beginning, the company has expanded to include the Central Coast and Sacramento Area in its service districts. With 
six regional maintenance yards in Sacramento, Fairfield, Benicia, Livermore, Fremont, and Salinas, New Image 
Landscape has been able to provide a wide range of landscape and tree services to its geographically diverse 
clientele. The experience from each of these yards has equipped New Image Landscape with the practice and 
knowledge it needs to provide efficient, safe, and quality landscape and tree maintenance services to all its clients. 

2. Describe the type{s) of safety training your employees have had that is directly 
related to the performance of the landscaping services requested under this 
Invitation For Bids? 

Please see attached 


3. What is the current number of employees working for your firm? 

120 

4. What has been the employee turnover rate for your firm in the past year? 

21 % 

5. How many field supervisors does your firm intend to assign to the City’s 
contract? 

1 

6. Describe on a separate sheet of paper your firm's work plan for the City’s 
contract should you be the successful bidder. 

Please see attached 

7. Indicate below the name of the person who will be responsible for administering 
the contract, if awarded. Also, include the person’s title, telephone number, 
address and Internet E-mail address. 

Guillermo Ruvalcaba - Vice President 

(510)715-1891 

3250 Darby Common, Fremont, CA 

* Attach additional pages if needed GRuvalcaba@NewlmageLandscape.com 
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NEW IMAGE 

LANDSCAPE COMPANY 


Proposal Questionnaire (continued) 

2. Describe the type(s) of safety training your employees have had that is directly related to the 
performance of the landscaping services requested under this Invitation for Bids? 

Our employee training program is detailed in our Injury and Illness Prevention Program (lIPP). All 
employees are given a Nevw Hire Orientation before \A/orking out in the field. This introduces them to our 
company culture, practices and expectations. Before beginning any physical work, employees are 
thoroughly trained on equipment to be used and company practices for completing work (training varies 
by task and is ongoing as new types of work are introduced). 

All training is documented in writing and kept in each employee's personnel file. Additional training is 
done on a continuous, regular basis for the following items: 

• Safety Meetings (tailgates) - conducted weekly, 15-30 minutes - all employees 

• Pesticide Training - conducted annually in February, 2 hours - all employees 

• Fire Extinguisher Training - conducted annually in February, % hour - all employees 

• Heat Illness Prevention Training - conducted annually in May, 2 hours - all employees 

• Supervisor Heat Illness Prevention Training-conducted annually in May, 1 Yi hrs- all 
management 

• First Aid Training (American Red Cross) - conducted throughout year, as needed, 3 Yi hours - all 
employees 

• CPR Training (American Red Cross) - conducted throughout year, as needed, 3 /4 hours - all 
Foreman and management 

6._First we plan to refine and confirm the specifications and standards the City of Fairfield requires in 
regard to the services we are awarded. All specifications and services will be called out during a 
preliminary walk through of the jobsite or in a preliminary meeting. Account Manager, David Culbertson 
and Operations Manager, Guillermo Ruvalcaba will review all preliminary information with the 
appropriate city representative so there is clear direction and communication from the start. 

Our experience in working with municipalities has taught us that good communication is the key to 
successful relations and performance. We will work with the appropriate City of Fairfield personnel to 
review the scope of work, reporting requirements and quality control methods to be utilized for the 
awarded project groups. We will refine and confirm our communication plan so as to ensure that we 
communicate effectively and promptly with all appropriate City of Brentwood personnel. 


New Image Landscape Company 









DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following 
list of subcontractors is submitted with the proposal and made a part thereof. 

If the Contractor fails to specify a subcontractor for any portion of the work to be 
performed under the contract, he shall be deemed to have agreed to perform such 
portion himself, and he shall not be permitted to subcontract that portion of the work 
except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or 
necessity, and then only after receiving written approval from the City Engineer. 

The name and location of the shop or office of each subcontractor who will perform 
work or labor or render service to the Contractor in or about the construction of the 
project and that portion of the work to be performed by the subcontractor is 
as follows: 


Percent 
of Total 
Contract 

N/A 

2 . _ _ _ _ 

3. _ _ _ 

4. ' _ _ _ 

5. ' _ _ _ 

6 . 


SubContr. Portion of Work 

License or Item(s) ofwork 

Subcontractor's Name and Address Number to be performed 
1. MA _ N/A N/A_ 


Note: Attach additional sheets if required. 
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NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


Guillermo Ruvalcaba _, being first duly sworn, deposes and says that he or 

she is Vice President __ of New Image Landscape the party making the 

foregoing bid that the bid is not made in the interest of, or on behalf of, any undisclosed 
person, partnership, company, association, organization, or corporation; that the bid is 
genuine and not collusive or sham; that the bidder has not directly or indirectly induced 
or solicited any other bidder to put in a false or sham bid, and has not directly or 
indirectly colluded, conspired, connived, or agreed with any bidder or anyone else to put 
in a sham bid, or that anyone shall refrain from bidding; that the bidder has not in any 
manner, directly or indirectly, sought by agreement, communication, or conference with 
anyone to fix the bid price of the bidder or any other bidder, or to fix any overhead, 
profit, or cost element of the bid price, or of that of any other bidder, or to secure any 
advantage against the public body awarding the contract of anyone interested in the 
proposed contract; that all statements contained in the bid are true; and, further, that the 
bidder has not, directly or indirectly, submitted his or her bid price<or any breakdown 
thereof, or the contents thereof, or divulged information or data relative thereto, or paid, 
and will not pay, any fee to any corporation, partnership, company association, 
organization, bid depository, or to any member or agent thereof to effectuate a collusive 
or sham bid. 


I certify (or declare) under penalty of perjury under the laws of the State of California 
that the foregoing is true and correct. 


jo -20 " /y 


(Date) 



(Signature) 


NOTE: TH/S FORM MUST BE NOTARIZED 



State of California 
County of Alameda 


Subscribed and sworn to (or affirmed) before me on this 
day of . 2 0 1 H by 

_ fV). 


proved to me on theyl 
person!^) who appear 



of satisfactory evidence to be the 
fore me. 
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New Image Landscape Company 


Name of Firm 


3250 Darby Common, Fremont, CA 

Business Address 


rsim 2 ^ 6 -9191 


Phon^^umber 




Signature of Responsible Official 


Contractor's License: 

a. Class: c-27 & D49 _ 

b. Number: 719106 _ 

c. Expiration Date: 02 / 26 / 201 6 _ 

If corporation or partnership, give legal name of corporation, president, secretary, 
treasurer, or names of all partners. 


New Image Landscape Company 
Brian Takehara - President 


Brain Jameson - Secretary 
Irene Briggs - Treasurer 
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BID BOND 


KNOW ALL PERSONS BY THESE PRESENTS that: 

WHEREAS the City of Fairfield (“'City”) has issued an invitation for bids for the work 
described as follows; 

LANDSCAPE MAINTENANCE DISTRICT NO. 15 
GOLDRIDGE 

WHEREAS IMAGE LANDSCAPE COMPANY, 3250 DARBY COMMON, FREMONT, CA 94539 

(Name and address of Bidder) 

(“Contractor”) desires to submit a bid to City for the work. 

WHEREAS, bidders are required under the provisions of the California Public Contract 
Code to furnish a form of bidder's security with their bid. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

GREAT AMERICAN INSURANCE COMPANY, 301 E. 4TH STREET, CINCINNATI, OH 45202 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of_ 

TEN PERCENT OF THE BID AMOUNT _ 

Dollars ($ io% of the bid amount _)_ being not less than ten percent (10%) of the 

total bid price, in lawful money of the United States of America, for the payment of which 
sum well and truly to be made, we bind ourselves, our heirs, executors, administrators, 
successors, and assigns, jointly and severally, firmly by these presents. 
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THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor is awarded a contract for the work by City and, within the time and in the 
manner required by the bidding specifications, enters into the written form of contract 
included with bidding specifications, furnishes the required bonds, one to guarantee 
faithful performance and the other to guarantee payment for labor and materials, and 
furnishes the required insurance coverage’s, then this obligation shall become null and 
void; otherwise, it shall be and remain in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs 
incurred by City in the suit and reasonable attorneys' fees in an amount fixed by the 
court. Surety hereby waives the provisions of California Civil Code § 2845. 

IN WITNESS WHEREOF, this instrument has been duly executed by Contractor and 
Surety, on the date set forth below, the name of each corporate party being hereto 
affixed and these presents duly signed by its undersigned representative(s) pursuant to 
authority of its governing body. 


Dated: October 17,2014 


“Contractor^' 



“Surety" 

GREAT AMERICAN INSURANCE COMPANY 


CD 

'< 

W 

rv 

1 _ 

Titid 

• NATH,^VAr¥0LD, ATTORNEY IN FACT 


By:_ 

Title 


By:_ 

Title 


(Seal) (Seal) 

Note: This bond must be dated, all signatures must be notarized, and evidence of the authority of any person 
signing as attomey-in-fact must be attached. 
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CALIFORNtA ALL-PURPOSE ACKNOWLEDGMENT 


State of California 
County of San Francisco 

On OCT 1 7 2014 before me, KELLY ROWLEY. NOTARY PUBLIC, personally 
appeared NATHAN VARNOLD who proved to me on the basis of satisfactory 
evidence to be the person(s) whose name(s) is/afe subscribed to the within 
instrument and acknowledged to me that he/sbe/%bey executed the same in 
his/f^/the+f authorized capacity(ies), and that by his/hef/tbe+f signature(s) on 
the instrument the person(s), or the entity upon behalf of which the person( 5 ) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that 
the foregoing paragraph is true and correct. 

WITNESS my hand and official seal. 


i KELLY ROWLEY 1> 

^ COMM. #2040580 z 

■XiL'rC'C-l Notary Public - California ^ 
Los Ariqeles Cou.nty - 
1 My Comm. Expires Sep. ?, SOlTf 


(SEAL) 


Signature i _ 

KELLY ROWLEY, Notary Public 






GREAT AMERICAN INSURANCE COMPANY® 

Administrative Office: 301 E 4TH STREET • CINCINNATI, OHIO 45202 • 513-369-5000 • FAX 513-723-2740 


The number of persons authorized by 

this power of attorney is not more than SEVEN 


POWER OF ATTORNEY 


No. 0 14883 


KNOW ALL MEN BY THESE PRESENTS: That the GREAT AMERICAN INSURANCE COMPANY, a corporation organized and existing under 
and by virtue of the laws of the State of Ohio, does hereby nominate, constitute and appoint the person or persons named below, each individually if more than 
one is named, its true and lawful attomey-in-fact, for it and in its name, place and stead to execute on behalf of the said Company, as surety, any and all bonds, 
imdertakings and contracts of suretyship, or other written obligations in the nature thereof; provided that the liabihty of the said Company on any such bond, 
undertaking or contract of suretyship executed under this authority shall not exceed the limit stated below. 



Name 

Address 

Limit of Power 

RICHARD S. SVEC 

ANNA SWEETEN 

ALL OF 

ALL 

PATRICK MOUGHAN 

MICHAEL J. HEFFERNAN 

SAN JOSE, 

$100,000,OOO.OC 

GEOFFREY R. GREEN 

MICHAEL SHEAHAN 

NATHAN VARNOLD 

CALIFORNIA 



This Power of Attorney revokes all previous powers issued on behalf of the attomey(s)-in-fact named above. 

IN WITNESS WHEREOF the GREAT AMERICAN INSURANCE COMPANY has caused these presents to be signed and attested by its appropriate 
ofi&cers and its corporate seal hereunto affixed this 28TH day of JANUARY , 2013 

Attest GREAT AMERICAN INSURANCE COMPANY 



Assistant Secretary Divisional Senior Vice President 

STATE OF OHIO, COUNTY OF HAMILTON - ss: c. kitchin ( 877 - 377 - 240 S) 

On this 28TH day of JANUARY , 2013 , before me personally speared DAVID C. KITCHIN, to me 

known, being duly sworn, deposes and says that he resides in Cincinnati, Ohio, that he is a Divisional Senior Vice President of the Bond Division of Great 
American Insurance Company, the Company described in and which executed the above instrument; that he knows the seal of the said Company; that the seal 
affixed to the said instmment is such corporate seal; that it was so affixed by authority of his office under the By-Laws of said Company, and that he signed his 
name thereto by like authority. 



KAREN LGROSHEIM 
NOTARY PUBLIC. STATE OF OHIO 
MY COMMISSION fXPIRES 02-20-16 



This Power of Attorney is granted by authority of the following resolutions adopted by the Board of Directors of Great American Insurance Company 
by unanimous written consent dated June 9, 2008. 


RESOLVED: That the Divisional President, the several Divisional Senior Vice Presidents, Divisional Vice Presidents and Divisonal Assistant Vice 
Presidents, or any one of them, be and hereby is authorized, from time to time, to appoint one or more Attomeys-in-Fact to execute on behalf of the Company, 
as surety, any and all bonds, undertakings and contracts of stmetyship, or other written obligations in the nature thereof; to ptescribe their respective duties and 
the respective limits of their authority: and to revoke any such appointment at any time. 


RESOLVED FURTHER: That the Company seal and the signature of any of the aforesaid officers and any Secretaty or Assistant Secretary of the 
Company may be affixed by facsimile to any power of attorney or certificate of either given for the execution of any bond, undertaking, contract of suretyship, 
or other written obligation in the nature thereof, such signature aruT seal when so used being hereby adopted by the Company as the original signature of such 
officer and the original seal of the Company, to be valid and binding upon the Company with the same force and effect as though manually affixed. 


CERTIFICATION 

I, STEPHEN C. BERAHA, Assistant Secretary of Great American Insurance Company, do hereby certify that the foregoing Power of Attorney and 
the Resolutions of the Board of Directors of June 9,2008 have not been revoked and are now in ffill force and effect. 

Signed and sealed this day of OCT 1 7 2014 



Assistant Secretary 


S1029AC(4/11) 



